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BILL NO. S-86-07-3 5 
SPECIAL ORDINANCE NO. gf FI 
AN ORDINANCE approving Change Order 
No. 1 and FINAL for Ardmore Avenue 
Water Main Contract 85-XP-9, with 
T-G Excavating, Inc., in connection 
with the Board of Public Works and 


Safety, of the City of Fort Wayne, 
Indiana. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 and FINAL for Ardmore 
Avenue Water Main Contract 85-XP-9, with T-G Excavating, Inc., in 
connection with the Board of Public Works and Safety, for: 
this Change Order is necessary for 
the following: #11 - Location of 
water main changed, resulting in 
less asphalt removal. #14 - Encoun- 
tered unforseen storm drains, which 
were necessary to be replaced. Lines 
did not show in inlets because they 
were blind tapped. #15 - Base stabili- 
zation was required, due to poor soil 
conditions, which could not properly 
support pipe; 
involving a net increase of One Thousand One Hundred Eighty-Four 
and 28/100 Dollars ($1,184.28), all as more particularly set forth 
in the specifications, and which is on file with the Office of the 
Board of Public Works and Safety, and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 








Ouncilmember 






APPROVED AS TO FORM 
AND LEGALITY 





City Attorney 





ruce O. Boxbérger, 











time in full and on motion by Lee i 


r and duly ado . read tne second time 
by title and referre ne Committee (and the Cit 
Plan Commission: for  redé--enGation}oand Pub earing to be/ held after 
due legal notice, at the Council Chambers ding):.Fort Wayn 
Indiana, on so theo day of 

Ae (Baas Oe 


Read the £3rst 
seconded by 





























SANDRA: E. KENNEDY, -CLTY CLERK 





Read the thi e in full and on motion by 
seconded by , and duly adopted, placed on its 
passage. PASSED (COS) by the following vote: 


r 


AYES NAYS ABSTAINED ABSENT TOSWIT: 


f 


p E 





TOTAL VOTES 





BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 
REDD 
SCHMIDT 
STIER 
TALARICO 


Z 


SULIT ITD AST A 


X 





DATE: 





; ANDRA E. KENNEDY, CITY. CEERK 
Passed and adopted by the Common Council of the City of Fort 

Wayne, Indiana, as ( F ION) (GENERA 

(SPECIAL) (ZONING-MAP) ORDINANCE EP gan pees SE 

on the REKE day of ee ee 19 ASE 


ere (SEAL) . 
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Kins Kemeny on ae 


SANDRA E. Scere CITY CLERK 





Presented by me to the Naver, of the City of Fort Wayne, Indiana, 


on the CeO day of 
at the hour of Jf. 20 o'clock Se Ee a oe S.T. 


CS 


SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this [ge day of | Fe ; 


19 PG ’ at the hour of LO cet o'clock Zi MAE SL ts 
i - : ne Shot 










WIN MOSES, JR., MAYOR 


x : s f _ CHANGE ORDER Contract No. 85-XP-9 
Change Order No. ONE - FINAL Resolution No. 


Project No. Hos Board Order No. 182-85 
Name of Project ARDMORE AVENUE WATER MAIN Date July 14, 1986 
To: T - G EXCAVATING, INC. : OA germek 
(Contractor) 
76° 6a43 
Gentlemen: Wt /§ a 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 











item tee Description of Change ERGs Corr ee 
No. | Quantity | Description [Unit Price | Decrease 


162 LF| ASPHALT RESTORATION 6.98 1,130.76 


* LS STORM SEWER REPLACEMENT 1,500.00 1,500.00 
canes TRENCH BASE STABILIZATION 815.04 


* INDICATES LUMP SUM 












Total Decrease 


Total Increase 2,315704 


Net (Searecex) (Increase) -Contract Price 1,184.28 

The sum of $ 1,184.28 is hereby (added to) (déedéusxedxfxxumx the total contract prici 
and the final contract price shall be adjusted as follows: 

Original Contract Price $ 66,801.00 

Current Contract Price Adjusted by Previous Change Order $ Feat: 

New Contract Price Including This Change Order $ 67,985.28 
The time provided for completion in the contract for this project is (unchanged) (#xe#eEES¢) 
(dexmeesek) by 70> calendar days due to this Change Order. The date for completion 
of all work shall be SAME . Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended b í (Chief Water Engineer) Date 7- 149-86 
Accepted by: Ceu S (lior EC Exa. (Contractor) Date Shes) gé 


(Director of Water Resources)Date 


Date 6 ‘a 6 






Approved by: 





Approved by: (Chm. Bd. 





of Works) 


$ . of Works) Date Zj / a P re 


of Works) 





Date Er E 6 


Attested by: 


i 


Change Order No. ONE (FINAL) 





™ a 
i Resolution No. Sine 
CONTRACT NO. 85-XP-9 
Board Order No. 182-85 
REQUEST AND JUSTIFICATION FOR CHANGE 
Necessity for change: #11. Location of water main changed, resulting in less 


asphalt removal. 


#14. Encountered unforseen storm drains, which were necessary to be replaced. Lines did 


not show in inlets because they were blind tapped. 


#15. Base stabilization was required, due to poor soil conditions, which could not 


properly support pipe. 


Will proposed change alter size of the project? Yes No X 


If yes, explain 


Affect on operation and maintenance cost of this project: 


NONE 


Engineer 





CLS SEE 
z r ' Admn. Anpr. 





TITLE OF ORDINANCE Change Order #1 and Final - Ardmore Avenue Water Main Contract 85-XI 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety HE -O 7-20 


# è = i 
SYNOPSIS OF ORDINANCE Change Order #1 and Final is necessary eae of the following: 





#11 - Location of water main changed, resulting in less asphalt removal. 

#14 - Encountered unforseen storm drains, which were necessary to be replaced. Line: 
did not show in inlets because they were blind tapped. #15 - Base stabilization 

was required, due to poor soil conditions, which could not properly support pipe. 


T-G Excavating, Inc. is the contractor. 


EFFECT OF PASSAGE 1° facilitate completion of project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $1,184.28 


ASSTGNED TO COMMITTEE 


BILL NO. 6=86507535 


REPORT OF THE COMMITTEE ON CITY: UTILITIES 
WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
TEA CAR E eT TOS S E 


REFERRED AN (ORDINANCE) GRESODUDBON ) approving Change Order No: 1 


and FINAL for Ardmore Avenue Water Main Contract 85-XP-9, with 

moe fT) SP wa 4 Le Re Te ae a OE ELE NS 
T-G Excavating, Inc., in connection with the Baord of Public Works 

re and Safety, of the City of Fort Wayne, Indiana 


aee a We Tbs AY Sumemammeas cs cece: a Se aa 


Pl kt Pes Sake a rs ee ee 
Ss 


HAVE HAD SAID (ORDINANCE) (RESSEZ8FXION) UNDER CONSIDERATION AND BEG 





LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


( RE SHAKKOK 








NO 
PAUL M. BURNS 
” CHAIRMAN 
THOMAS C. HENRY 
VICE CHAIRMAN Sp a ea 


BEN A. EISBART 


JAMES S. STIER 








MARK E. GiaQUINTA 





CONCURRED IN ELIA SANDRA E. KENNEDY 
CITY CLERK 





